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Construction Engineer , 25X1 A6a 

Tot Officer la Charge of Sons trust ion, Cool not Sty 15931 

tittbjt mjoot 324 j Addition*! no** to Install Sovemaeat furnished 
antenna aouipsoat 

U) Craning To, f.io? 

1« It la understood that installation of ladio rasa! ring and transmitter 
antenna eeuipsei** l« not presently included in tbs subject eentraet, 

2, Secaase the Installation of poles, gays and related son! meat is be- 
ysed tbs capabilities of this station, and further to treelude interference 
of a dual operation during construction, it is desired to Include this 
work under the subset oo street if passible, 

3, It is therefore requested that an e sties te of east be obtained for 
necessary approval so that additional fa ads for the seaoaplishaant of t ! is 
work say be made available , 

4, The seope of the work required is ss follows i 

a, four (4) 3hossbies et Transmitter sits eoapriaiegi 

(1) Jtrection of sixteen lit} K> foot nets! towers sowplete with 
gays, anchors and footings, 

(2} Counting ^aSiating H lament a, 

( 3) Installation of dissipation Sleaant, 

(4) Installation of Transmission line support tower at each 100 
linear feet of traosalssion lias, 

% 

b. Installation of one (1) inverted 01 scone 2aeeiviag , Catenas et 
Receiver site comprising t 

{ 1 } treat i or of three (31 90 feet nocdeK poles complete with enya, 
enchors and steps, 

{?} Rousting radiating elements. 


(3) Installation of SO-ll/a coaxial cable with messenger to Ad- 
ministration Building and terminate. 

e. Installation of three (3) each 3-sleiaent rotating beam antennas 
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Project J?4j Additions 1 work to install Sevamssent furnished 
antenna equipment 

( «eeeiving site) eoaprtslmtj 

(l) Srection of three (?) 90 foot wooden poles complete «*ith pya 
and anchors | these circumferential to those of S above with con- 
nection platform approximately 18 feet lor», 

(?) -oust in*? three (?) ioiators end radiating elements, 

(3) Installation of SO-ll/u and U-eoqduetor control cable to each 
rotator. Messenger with b(J) shore and terminate both ends. 


25X1 A6a 


5» A 11 antenna equipment and materials including poles, ears, etc,, is 

to he Government furnished. 25X1 A9a 

Sedlo Engineer will he at this station for approximate- 
ly one week beginning 1 March and will he available to participate in any 
confarencaa aecesaarjr far alar meat! on of technical details. 


25X1 A9a 


7, An interim reply is necuested as to the practicability of including the 
above work under the current statue of the contract subject to approval of 
additional fund® being made available, 

25X1 A9a 
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